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Subject: Re: Highland Park Project update 
From: "Hector L. Huezo" <h.l.huezo@gmail.com> 

Date: 05/01/2014 12:39 PM 
To: Janell Mullen <janell@lani.org> 

CC: "frankppnd@roadrunner.com" <frankppnd@roadrunner.com>, Carmela 
Nigro Nigro Gomes <hphtpres@gmail.com>, Stuart Rapeport 
<rapeport@earthlink.net>, Nicole Possert <aguild@pacbell.net>, "'Misty Iwatsu 1 
(mistyli@aol.com" <mistyli@aol.com>, Ricardo Mireles 
<ricardo.mireles@academiaavance.com>, Kathy Gallegos 
<ave50studio@sbcglobal.net>, "Monica Alcaraz (malcarazl3@gmail.com" 
<malcarazl3@gmail.com>, "'futurestudio@sbcglobal.net' 
(futurestudio@sbcglobal.net" <futurestudio@sbcglobal.net>, 
"amy@futurestudio.com" <amy@futurestudio.com>, 

"Melinda.Alatorre@lacity.org" <Melinda.Alatorre@lacity.org>, Rebecca Draper 
<rebecca@lani.org>, "Gabe Mason (gmason@SWAGroup.com)" 
<gmason@swagroup.com>, "yhung@swagroup.com" <yhung@swagroup.com> 

great update, Thanks Janell. Please let me know if there's a way we can help. 
-Hector 


### 

Hector Huezo 
562.485.7329 
H.L.Huezo@GMail.com 

Chair, Neighborhood Council Alliance of River Communities (ARC) 
Communications Chair, East Area Progressive Democrats (EAPD) 
Neighborhood Council Budget Advocate, East Area (NCBA) 
Independent Elections Administrator, South Los Angeles (IEA) 
Latino Coalition for a California Plastic Bag Ban 


On Thu, May 1, 2014 at 12:07 PM, Janell Mullen < ianell@lani.orq > wrote: 
Hi there, 


Since my last Highland Park Streetscape Project update at the end of January, 
we have entered into the permitting phase of the project. Our application 
materials were submitted to the Office of Community Beautification and we 
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were assigned to a plan checker in the Dept of Public Works. We received our 
first round of comments in mid-March and SWA Group and I set up a meeting 
with our plan checker and his supervisor as a way to move through the 
permitting process as quickly as possible. Since the meeting, SWA Group has 
returned to the field with a civil engineer to satisfy the first round of revisions. 
We anticipate resubmitting a revised plan set by next week. Once we receive 
comments, we will again set up another meeting in hopes to get the plans 
approved as quickly as possible. Additionally, the tile mosaics require a slip 
test and a load test before they can be deemed city approved. That means we 
will be preparing a product sample so that the strength and the surface texture 
of the materials can be tested. Behind the scenes I am also preparing the 
documents required for the project to go to bid. Feel free to give me a call or 
email me if you have any further questions—I hope you are all well. 


All best, 
Janell 


Janell Mullen 
Program Manager 

Los Angeles Neighborhood Initiative 
800 Figueroa St., Suite 970 
Los Angeles, CA 90017 
(213) 627-1822 ext. 17 

(213) 627-1821 fax 
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